UNIT  CONSTRUCTION  COSTS
1627
lat they might be easily shifted a foot or two along the low flange of le I beams they support, should they interfere with future piping shemes. The structural columns were permanently located. The Lateriai segregated is as follows:
Caps and bases, cast iron.................                   $227 80
668 ft. of 4-in. pipe..........................              -^gg ^Q
Structural steel and rivets...................              136 99
Miscellaneous.................................            75 25
$626.44 ount 9003.41—Main Floor Slab—Concrete.
his account covers the cost of the Berger multiplex plate laid on the ieel I beams of the power-house floor, and covered with concrete rein->rced with |-in. and J-in. rods. The Berger plate was laid upon ieel beams and not wired; J-in. and J-in. rods, 1 ft. on concrete, ere laid in the concrete at right angles with the grooves of the plate. he concrete mixture was 7 parts sand and gravel to 1 cement, machine iade. The top finish was proportioned 2 sand to 1 cement. It was id f in. thick, smooth troweled, and marked off in 6-ft. squares. he material account stands thus:
102.1 square, 3-in. Berger plate..................   $2,101.88
1-in. and J-in. reinforced steel.....................         62.06
Concrete materials..............................     1,177.67
3ee Fig. 55.)
$3,341.61
ount 9003.42—Painting under Side Main Floor.
he Berger plate exposed beneath the floor of 9003.41 was cleaned of ist and painted two coats of linseed oil and white lead, cream, color. his necessitated low scaffolds. The square yards in which the unit >st is reported are the yard measurements derived from developing xe plate. This cost covers the material and the labor.
ount 9003.43—Painting Top Main Floor.
his account covers the labor and material used in painting the upper irface of the power house Berger plate concrete floor. It was given vo coats of Toch Brothers cement filler and one coat Toch Brothers arm gray cement paint, after the floor had been well cleaned and tied out.
ount 9003.6—Berger Multiplex Plate.
his account covers the material and labor used in putting Berger late upon the power-house roof. The eaves of the roof are 41 ft. from le ground and the floor is J pitch. The Berger plate was hoisted     ,   ,                                                 7.0*2
